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15 October 1958 


Dear Dan: 


The latest delivery schedule for the Data Reduction racks is outlined 
below: 


Customer On order Delivered To be delivered 
A Rack 
A 4 4 0 
Cc 4 4 0 
B 3 1 2 


(1 on 27 Oct 1958 
*(1 on 3 Dec 1958 


* This unit is being rebuilt from 
monitors and mixers returned 
from Customer A, 


B, and Bo Racks 


i 
A. 4 4 0 
C 4 4 0 
B 2 4 1 - on 3 Dec 1958 
CG Rack 
A 4 4 0 
Cc 20 7 13 
14 - on 27 Oct 1958 
and 1 per week 
thereafter 
One unit is completed and is being held 
at the factory for checkout of Customer C 
equipment and for Customer C field 
support. This unit will be delivered last. 
10 units are completed and awaiting test, 
2 are to be rebuilt using monitors and 
hea X mixers returned by Customer A. 
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Customer On order Delivered To be delivered 

E Rack 

A 4 3 1 = on 27 Oct 1958 

Cc 12 12 0 

B 2 1 1 - on 20 Oct 1958 
F Rack 

A 6 4 see 

Cc 22 *4 sfe ste 


* To be returned for rework, 


** 15 units are complete. 13 units are complete, 
less cabinet wiring. An engineering and analyst 
decision dictates removal of the chart recorder 
and the addition of one output connector. This 
work requires a proposal from the Contractor. 
No delivery dates can be quoted at this time, 

It is estimated that deliveries will not begin 
before January 1959. 


G Rack 
A 3 4 
Cc 4 2 1 - on 10 Nov 1958 


* Customer Ais committed to ship one delivered 
G Rack to Customer C, 


H Rack 
—==== 
A 2 %*3 
Cc 4 


* Customer Ais committed to ship one delivered 
H Rack to Customer C, 
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Customer On order Delivered To be delivered 
J Rack 
A , 3 4 
C 4 2 1 - on 10 Nov 1958 


* Customer A is committed to ship one delivered 
J Rack to Customer C. 


K Rack 
—————t 


A 1 #3 pt 
2 


C 4 


* Customer A is committed to ship two (2) K Racks 
to Gustomer C, 


** 1 completed and held in factory storage at the 
request of Customer A, 


M Rack 


A %*4 4, 
Cc 8 Aerie 4 - on 20 Oct 1958 
- on 27 Oct 1958 
- on 10 Nov 1958 
on 24 Nov 1958 
-on 8 Dec 1958 
- on 15 Dec 1958 
- on 22 Dec 1958 


a ee a 
I 


* Customer A orders for M Racks include two (2) 
engineering breadboard models. The breadboards 
require major rework. 


*%* All M Racks are complete and awaiting test. 
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Customer On order Delivered To be delivered 
N Rack 
A 41 see 3 
CG 5 age 2c 1 -on 20 Oct 1958 


1-on 3 Nov 1958 
1 - on 17 Nov 1958 


* Contract authorization held by the Contractor does not 
agree with the intent of the contracting officer. The 
Contractor has authorization to produce six (6) N racks 
including two engineering breadboards,. It is the intent 
of the contracting officer that seven (7) N Racks be 
produced. 


** Two engineering breadboard N Racks and one production 
(prototype) N Rack have been delivered to Customer A. 
The breadboards require major rework and the design 
differs from the production units. Customer A indicates 
that he should deliver the one production N Rack to 
Customer C and re-order one production unit for 
Customer A use, 


*** Three units are complete and awaiting tests. 


A delivery schedule for the F Racks will be submitted at a later 
date. 


Sincerely, 


PWA:hcp Milt 
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